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SSMQORANDUR FOR THE Rix 77 


SHRIECT: ARC~S0 Communications Houlpment, Availability 
una Delivery otacus 


a. te Feiday, 15 Februery 1804, a Brie meeting was Eoi¢ 
in the 4D7P offices of LAC in Burbank, California. The purpose 
ai the @eeling wan te determine the subject statug ang to ¢bi.ain 
Giber snforantion ugeful ia Project upersiional glenning ani 
iveaiaing, The foellowlng gversennel were iu artendance: 


ABCIG-5 
UD/OSA 
HD/OSA 
CE/GEA 


ADP /S Lock heed 
AEP/ Leek heed 


weve the visiting group & fPup-—Cown on 
peo BFigs, Sriici# ingiailation, 1C«1L35 installation, 
wtngwk 2 Et eeacaa. tegt equipment orocurement, tech rep clens, 
and Bonde: wurebouse clans. 


J. din order to secommeodaie the AXC-I0, a new noge has tu 
ne conftigurec fer the Article and proevigiens mede for pgreseur:- 
tg0m eng cooling. Hose configursiicn and inetsilemiion ef 
&nC-~S in expected tu be completed in Articies No, 3 and Bo. @ 
by if April. 


ay 


he we LAC gave the group & run-down on 

tae BO kaetion.  * mod kite have been deveicped far 
hin ihataliniion. Med Kit Wo. 1, distributed as Eervice 

Suiietin Ro, 251, contaings template dravisgs, ingtructians, 
cae & seniing piate RAt for culling & Bole and installing an 
anieuns plate. A blesk olate is fursished for iestaliiacion 
prber fo enploynent oY Med Bit Bo. 2, Mod Eit No. 1 tebes from 
4 te © Bevre to complete. Had Eit Mo. 2, Service Bulletin Bo, 
ave, Contains drawings and instructions for lLagtalisiios of ihe 
BD°8Onh Onc equigment proyvigions fer tying fute the EC-135 suwer 
@upsiy apd intercommunication system. The ARC-S takes the 
awiteh popitieon of the Znud ARC-34 ou the intercon coutrel, Hed 
Bat Ne. & tekes from 2 io 4 Bours to complete, A&A teteal @f 15h 
gech of kite i and 3 are being prefabricaied, Attechwent 4 
eopleing @ deacription of Serwice Bulletise Re. 251 and 252 a 
prepared by Lochhead, 
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3. the heck-up induction coil on the refueling boom has 
b@en gucceamstully tesied as a path for two-way intercommunicai ion 
between receiver aad tanker during refueling. 


@, Arrangements had been proyievely sade through APCIG-~2 

to berrow ten ARC-50'’s fram projected Air Ferce deliveries. 

Two cof these are due to arrive at Lockhesd on 15 February anc 

@ight on 15 Earch 1963. Inasmuch as the tanker takes a Type 5, 

Leckheed will mecdity and distribute as dictated by Headquarters. 

Regiacement of the ten gets op loma would be made Ai Some place 
5 down@tireamz on future delivery achedule, possibly in dune or 
duly. 


7. The following represents the best equipment delivery 
atoreniicon availiable ta date: 


coon. char. a fpeit- secehan aac. ne a masonteedanie 7 nannies (rr) apenas ey 
Date 38 8S ae 38 86 8 0 AT a4 Sh a 2h ae eS 


Equipment 


Ale US A a Fe] 2 a z # a 2 
&aC-50/2 z i a a 3 a ji 3 3 2 
Ground 
Steller a 
aHi Lier i 4 k 
Seely sexs. 
RT 
éaplyoor i i i 
&&E Shon 
Grown d i 
Pert 
TraAnoui ter i 
25X1 & LAC Ben mode provieion for the esiabiiebvent of a 
25X1 bounded waxehuuse to be iocated in 
"hey Gaye aiso aterted negetiaticus for on 
25x11 representatives for sainienanece purposes 
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Cok O882-a5 


“aze 3 
. 25x11 
&. BAC bag made ; Lo4Gy 
a ais + PPOVISiCns for o- iene ayt 
coe na < ‘perations aut « 
¥ Ro provision hee heen nade fay forward atacine Areas 
iG, The question oz oa 
ne t {ues 4 S@Curity end ena! ik oF «) 
Ud : £ : : ' 
Boaceeert ae fora waa briefiy discussed wim nt oe ie 
pare ee hore te be ee etated that this wea sonethi 
t ; 4 O@ cheched oui with certain 44> Force ue 
| ~ 
a) Lacheee ta + 
42 staied above 
Witt fi bution: 
“ELginal — OS4/Comuo Rekd (4 LG 
- vios4 os Rt CAtt. will be returned) 
t ~ BO/OSA w/o mit, 
4 ~ (SOA efe Bet, 
A - CO/CSA w/o ate, 
i 7 JNTEL/oga wre att, 
S die ao GOMEO Cheong © o at 
ie BB/OBA who pends ane 
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